CONSTRUCTION REPORT NO. 2 ; | September 3, T9337" 


This bulletin announces construction contracts signed between August 23 and 


_\September 1, 1937. 
= 


Alabama 20 Baldwin: 
Indiana 18 Rush: 


aoe 9 Goodhue: 


Minnesota 60 Redwood: 


' 


* 


Minnesota 655 Dakota: 
Mississippi 21 Coahoma: 


Ohio 654 Fairfield: 


a 


. 


™ 


W. Virginia 10 Harrison: 


J 


Wisconsin 32 Picrcee: 


CONSTRUCTION CONTRACTS 


The Baldwin County Electric Membership Corporation, Bay 
Minette, Alabama, has awarded a construction contract to 
the Richardson Trading Co., Blossburg, Alabama, to build 
211 miles of line. The low bid was for $155,952.85. 


The Rush County Rural Blectric Membershin Corporation, 
Rushville, Indiana has awarded a construction contract to 
the Ulen Contracting Corporation, Lebanon, Indiana, to 
build 250 miles of line. The low did was for.$141,121,40. 


The Goodhue County Coonerative Electrification Association, 
Zumbrota, Minnesota, has awarded a construction contract to 
the Donovan Gonstruction Company, St. Paul, Minnesota, to 
build 399 miles of line. The low bid was $415,280.00. 


The Central. Minnesota Cooperative Power Association, 
Redwood Falls, Minnesota, has awarded a construction con- 
tract to the W, A. Patterson Company, St. Paul, Minnesota, 
to build 70 miles of linc. The low bid was $60, 941,44. 


The Dakota County Electrification Cooperative, Farmington, 
Minnesota, has awarded a construction contract to the 
Langford Electric Company, Minne@polis, Minnesota, to 
build 205 miles of line. ‘he low bid was $178,429.30. 


The Coahoma Electric Power Agsociation, Clarksdale, 

Mississipoi, has awarded a construction contract to 
Stuart ©. Irby, Jackson, Mississippi, to build 81 miles 
f line. The low bid was $55,130.91. 


~~ 


The South Central Rural Electric Cooperative, Inc., 
Lancaster, Ohio, has awarded a construction contract to 
the Andrews Asphalt Paving Co., Hamilton, Ohio, to build 
105 miles of line. ‘The low bid was $90, 772,25. 


The Harrison Rural Electrification Association, Clarksburg, 
West Virginia, has awarded a construction contract to Day 
and Zimmerman, Philadelphia, Pa., to build 196 miles of 
line. The low bid was for $213,844.50. 


Pierce-Pepin Electric Cooperative, Ellsworth, Wisconsin, 
has awarded a construction contract to L. G, Arnold, 
Rau/Chaire, Wisconsin, to build 319 miles of line. ‘The 
low bid was for $272,585.75. 
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e . RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO. 2 september 3, 1937 


This bulletin announces construction contracts signed between August 23 and 
September 1, 1937, 


PS 


CONSTRUCTION CONTRACTS 

Alabama 20 Baléwin: The Baldwin County Electric Membership Corporation, Bay 
Minette, Alabama, has awarded a construction contract to 
the Richardson Trading 0Oo., Blossburg, Alabama, to build 
2ll miles of line. The low bid was for $155,952.85. 


Indiana 18 Rush: The Rush County Rural Electric Membership Corporation, 
Rushville, Indiana has awarded a construction contract to 
the Ulen Contracting Corporation, Lebanon, Indiana, to 
build 250 miles of line. The low bid was for $141,121,40. 


_.Minnesota 9 Goodhue: The Goodhue County Cooverative Electrification Association, 
rT ] Zumbrota, Minnesota, has awarded a construction contract to 


the Donovan Construction Company, St. Paul, Minnesota, to 
build 399 miles of line. The low bid was $415,280,00. 


Minnesota 60 Redwood: The Central Minnesota Cooperative Power Association, 
Redwood Falis, Minnesota, has awarded a construction con- 
tract to the W. A. Patterson Comnany, St, Paul, Minnesota, 
to build 70 miles of line. The low bid wag $60,941.44, 

Minnesota 65 Dakota: The Dakota County Electrification Cooperative, Farmington, 
Minnesota, has awarded a construction contract to the 
Langford Eleetric Comany, Minnc&anolis, Minnesota, to 

=) zt v A, 
build 205 miles of line. Theo low bid was $178,429.30. 


Mississippi 21 Coahoma: The Coahoma Eloctric Power Association, Clarksdale, 
Mississippi, has awarded a construction contract to 
Stuart C, Irby, Jackson, Mississippi, to build 81 miles 
of dines. .The low bid was $55,130.91. 


Ohio 654 Paarticlas The South.Contral Rural Electric Cooperative, Inc., 
i Lancaster, Ohio, has awarded a construction contract to 
@ the Andrews Asphalt Paving Co,, Hamilton, Ohio, to build 


105 miles of line, The low bid was $90,772.25. 


W. Virginia_10 Harrison: The Harrison. Rural Electrification Association, Clarksburg, 
West Virginia, has awarded a construction contract to Day 
and Zimmerman, Philadelphia, Pa., to build 196 miles of 

ine. The low bid was for $213, 844.50. 


Oi sconsin Be Pierce;  -PiercesPepin Electric Cooperative, Ellsworth, Wisconsin, ° 
_has awarded a construction contract to L. G. Arnold, 
Eau. Claire, Wisconsin, to build.319 miles of line. The 
low bid was for $272,585.75. 
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@ . RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO, 4 SEPTEMBER 16, 1937 


This bulletin announces construction contracts signed and invitations to 
bid issued between September 8 and September 15, 19373 


CONSTRUCTION CONTRACTS 


<O9, ARKANSAS 15 WOODRUFF: The Woodruff Electric Cooperative Corp,, augusta, Ark., 
(Mr, Fay S. Elzey, Project Supt.) has awarded a construction contraet to the 
Cater Construction Company, Inc,, Kansas City, Mo. to build 191 miles of line. 
The low bid was $129,514.21, 


210, KANSAS 13 BROWN: The Brown~Atchison Coop. Assn., Inc.,Horton, Kansas, (Mr. 

; Edward E. Dorssom, Project Supt.) has awarded a construction contract to the. 
Cater Construction Co,, Inc., Kansas City, Mo, to build the first section of 
the project, The low bid was $80,363.02, for approximately 88 milés of line, _ 


211, MISSISSIPPI 22 LEAKE: The Central Electric Power Association, Carthage, Miss., 
Mr, E, T, Thames, Project Supt.) has avarded a construction contract to the 


& B and M Construction Co., Oklahoma City, Okla., for building 121 miles of line. 


4 


The low bid was $108,467.88, 


212, TEXAS 33 BRAZOS: The City of Bryan, Bryan, Tex., (Mayor 0, J, Johnson) has 
awarded a construction contract to Brow and Root, Inc., 708 Colorado St., 
_ austin, Tex,, for building 248.5 miles of line. The low bid was $184,648.36, 


213, TEXAS 44 HUNT; The Hunt~Collin Electric Coop,,Inc., Greenville, Texas, (Mr. 
E. T. Fry, Project Supt.) has awarded a construction contract to the P. E. 
Workman Construction Company, Dallas, Texas, to build 183 miles of line, The 
low bid was $129,355.89, 


WISCONSIN 45 CHIPPEWA; The Wisconsin Power Cooperative, Chippewa Falls, Wisc., 
has ‘@ ed a construction contract to the Busch-Sulger Company, St. Louis, Mo. 
fer building a generating plant in Chippewa County. The low bid was $196,003, 
INVITATIONS TO BID 
a 
ae 6 ST. MARY: The Teche Electric Membershiv Corporation, Franklin, lLa., 
I, S, Wooster, Project Supt.) has advised that the date for opening bids on the 
building of 104 miles of line has been changed from September 2 to September 17,1937. 


LOUISIANA 7 GRANT: HE. J, Giering, Jr., Project Supt. of the Valley Electrie Member- 
ship Corp., Natchitoches, La., has advised that the date for opening bids on the 
building of 401 miles of line has been changed from September 2 to September 18,1937, 


LOUISIANA 9 LAFAYETTE: Harry B. Bowles, Project Supt. of the Southwest Louisiana 
Electric Membership Corp,, Lafayette, La., has advised that the date for opening 


bids on the entire project, 456 miles of lane, has been changed from September 2 to 


Mseptember 16, 1937. 


Se CahOL I+ 15 alkKEN; The State Rural Blectrification Authority, Columbia, &.C., 
as invited bids on the building of 300 miles of line, -Bids will be openad Sept. 3. 
PEAS 67 RAINSeROCKWALL3 Tie Farmers Electric Oooperative, Inc., Greensville, Tex., 
as invited bids on the building of 580 miles of line. Bids will de opened Sept,15, 
1998 


~~ 
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RURAL ELECTRIFICATION aDMINISTR.TION 


CONSTRUCTION REPORT NO. 5. DEP LeMBeER 23, 1937 


This bulletin announces construction contracts sigmed and invitations 


hay 
= to bid issued betveen September 16 and September 22, 19373 


el4. 


CONSTRUCTION CONTRACT 


INDIANA 9 MARSHALL: The Marshall County Rural Electrification Membership 
Corporation, Plymouth, Indiana, (Mr. Georze Weissert, Project Supt.) has 
awarder a construction contract to the Contracting an? Material Co., 
Chicago, J11., to build 179 miles of this project. The low bid was 
$140,728.29. 


INVITATIONS TO BID 


ARKANS«S 11 JACKSON: The Farmers Electric Cooperative Corporation, Newport, 
arkansas, (Mr. Lester a. Farmer, Project Supt.) has afvisee that the date 
for opening bids on the building of 263 miles of line has been set for 
September 30, 1937. 


INDIANA 59 WAYNE: The Wayne County Rural Electrification Membership Corpora~. 

tion, Richmond, Indiana, (Mr. Lester Snyder, Project Supt.) has invited bids 

on the building of 143 miles of line, Bids will be opened September 30, 1937. 
at 

KENTUCKY 30 SHELBY: The Shelby Rural Electric Cooperative Corporation, 

Shelbyville, Kentucky, (Mr. William C. Dale, Project Sunt.) has invited bids 

On the building of 219 miles of line. Bids will be opened September 27, 1937, 


NORTH CaROLINA 25 RUTHERFORD: The Rutherford Rural Electric Mutual agsn., 
Imec., Forest City, North Carolina, (Mr. D. B. Crow, Project Supt.) has 
invited bids on the building of 53 miles of line. Bids will be opened 


October 4, 1937, 


he Red River Valley Rural Electric Company, Thackerville, 
. Hish, Project Suot.,) has invited bids on the building 
» Bids wore sgenet September 21, 1937, 


OKLAHOMA 14 LOVE; T 
Oklahoma (Mr. Ware C 
of 150 miles of line 
WISCONSIN 45G CHIPPEWA: The Wisconsin Power Cooperative, Chippewa Falls, 
Wisconsin, has invited bids on the construction of the second section of 
transmission lines for 102 niles, . Bids were onened on September 21, 1937, 
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RURAL ELECTRIFICATION ADMINISTRaTION 


CONSTRUCTION, REPORT NO. 6, as Ltt at fae Rt Tene > OCTOBER 1, 193¢ 


his bulletin announces construction contracts signed and invitations 
=| 


m 
a 
to Did issuc’ between Sentember 24 and September 30, 1937: 


pies CONSTRUCTION CONTRACTS 
ARKANSAS 10 PULASKI: The Tirst Electric Cooserative Cornoration, Little 
Rock, Arkansas, (J. J. Todd, Project Suwt.,) has avarded a construction 
contract to the Porter~DeWitt Construction Co.',: Kirkwood, Mo., to build 


. 208.miles of. line. The low bid was $159,124.05. 


216% 


217. 


218. 


219% 


220 . 


eel. 


Ren6« 


INDIANA 80 NOBLE: The Noble County I Rural Electric Mensership Corporation,’ 
Albion, Indiana, (Edrcund Co uritz, Project Supt. ) has awarded’ a construction 
contract to the Haines and Haines’ Company, Dowagiac, Michigan, to build 71 
miles of line, the first section of this project. The:low bid was $58,954.28. 


KANSAS 8 ALLEN: Tho Cooverative:Pover an? Light Cormany, Iola, Kansas, 
(Ralsh H. Ce isle Ceblentz, Project Stpte,) ‘has awarded a construction contract to 
the L. We. Snengler Construction. Co., Marshall, Missouri, ‘to build 65 niles 
of line. The low bid was $53,027.50.': 


MICHIGAN &B LENaAWEE; The Southeastern Michigan Rural Electrification Coop., 
Inc., Blissfield, . Michigan (Lee Bettis, Projoct. Sunt.,). has awarded a 

construction contract to the Lyons Construction Cotmany,: Whitehall, Michs,- 
to build 300 miles of line, the second section of the nroject. The low bid 


was $225,598.85. 


MINNESOTA 10 CARLTON: The neat Bay Cooperative Power association, 
Kettle River, eee (Walter EH. Wilson, Project Sunt.) has awarded a 


construction contract to the’ Franzen Brothers Construction Co., Palisade, 
Minnesota, for building 119 miles of line. The low bid was $93, 340.59, 
MINNESOTA 32 FILLMORE: The Fillmore County Coonerative Electric Assn., 
Preston, Minnesota | (Laurence Tollefson, Project Sunt.) hag avarded a. 
construction contract to the Lancford Electric Comoany. tMinneavolis, Minn, 
for buiteing 175 niles of line.’ The low bid was $150, 216.68. 


NEBRASKA 26 PlhalTS: The Lown River Public Power District, Columbus, Nebr., 
(Victor Young, Project Swot.) has awarded a construction contract to the 
Sandberg anc Johnston Construction Commany, Iowa Falls, Iowa, to-bduild 354 
miles of line. The low bid was $261,020.18. : 


NORTH CAROLINA 27 HYDE: The Ocracoke Power & Lirht Cormmany, Ocracoke, 
North’ Carolina, has Cpteed x construction contract to the Thommson Electric 
Commany, Raleich, Dee veror Wace Geo 01 Los or Cl Sure; vuveon Tanesks) ine 
low bid was $9,894.35. : 


OKLAHOMa 12 aLFalPa; The alfalfa Gounty Electric Cooverativ herokee, 
Oklahona . (Son an ae . Schmook, Project Sunt. ) has avarded 4 cons rade aR contract 
to the P. EB. Workman Construction Company, Dallas, Texas, for building 332 
miles of line. The low bid was $228,511.67 
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224, TEXAS 47 DEAF SMITH: The Deaf Smith County Electric Cooperative, Inc.,. 
Hereford, Texas, (Henry V, Hennen, Project Supt.) has awarded a construction 
contract to J. BE. Morgan and Sons, El Paso, Texas, for building 80.95 miles 
of line. The low bid was $89,636.75. 


e25, WYOMING 5 ‘BIG HORN: The Big Horn Rural Electric Company, Basin, Wyoming, 
(John A, Fought, Projéct Sunt.) has awarded a construction contract to the 
Cater Construction Company, Kansas City, Missouri, to build 83 miles of line. 
The low bid vas $84,797.36. 


226, WYOMING 11 LINCOLN: The Lower Valley Power and Light, Inc., Freedom, Wyo., 
(Mrs, Mildred L. Flora, Project Supt.) has awarded a construction contract 
._ to the Bennett and Taylor Company, Los Angeles, California, for bduilding 90 
miles of line. The low bid was $102, 748.73, 


2o7. WYOMING 12 PARK: The Garland Light and Power Comany, Garland, Wyoming, 
(Robert W. Johnson, Project Supt.) has awarded a construction contract to 
the Taggart Construction Company, Cody, Wyoming, for building 44.7 niles 
of line. The low bid was $37,326.27. 


INVITATIONS TO BID 


INDIANA 37 JAY: The Jay County Rural Electric Membership Corporation, Portland, 
Indiana, has invited bids on the building of 150 miles of line, Bids were opened 


on September 28, 1937. 


KENTUCKY 40 JESSAMINE: The Blue Grass Electric Coonerative Corn., Nicholasville, 
Kentucky, (Phil R. Holloway, Project Sunt.) has invited bids on the building of 
12Q miles of line, Bids will be opened on October 4, 1937. 


, MISSISSIPPI 24 JAFAYETTE: The North East Mississinpi Electric Power association, 


Oxford, Miss., has invited bids on the bDuilding of 120 miles of distributionslines. 
Bids will be opened October 5, 1937. 


MISSISSIPPI 28 HANCOCK: The Hancock Electric Power association, Bay St. Louis, 
Miss. (Carl R. Vickers, Project Supt.) has invited bids on the tuilding of 105 
miles of line. Bids will be opened Octover 6,.1937. 


MISSOURI 25 PERRY: The Missouri General Utilities Company, Rolla, Missouri, 
(S, C. McMeekin, General Manager) has invited bids on the furnishing of material 
required for the construction of 127 miles of line, Bids will be opened on Oct. 4, 


WISCONSIN 9 LaCROSSE: The Bangor Municipal Utility, Bangor, Wisconsin (Orrin S. 
Fletcher, Superintendent) has invited bids on the muilding of 53 niles .f line, 
Bids will be opened on October 2, 1937. 


¢ 


€ 
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CONSTRUCTION REPORT NO, 7.° OCTOBER 9, 1937 


RURAL ELECTRIFICATION ADMINISTRATION 


Thi 


his bulletin announces construction contracts signed and invita- 
tions to bid issued bet 


ween October 1 and October 9, 19373 


CONSTRUCTION CONTRACTS 


2286 GEORGIA 58 LAMAR: The Central Georgia Blectric Membership Corp,, Jackson, 
Giger ROO. MeCord, Project Supt.) has awarded a construction contract to 
John Oman, Jr., Nashville, Tenn., to build 202 miles of line. he low bid 
was $136,686.05. 


IoWA 48G POCAHONTAS: The Central Blectric Federated Cooperative Association, 
Pocahontas, lowa, (Harry W. Day, Project Supt.) has awarded a construction 
contract to the Wickes Engineering and Constfuction Company, Des Moines, Ion, 


for the construction of building to house the generating Sant: 


229, WASHINGTON 18 SPOKANE: The Inland Empire Rural Electrification, Inc., 510 
9 jegler Block, Spokane, Wash. (Glenn H. Bell, Project Supt.) has awarded a 
: construction contract to the Puget Construction Co., Seattle, Wash., to 

build 283.5 miles of line. The low bid was $247,212,92, 


INVITATIONS TO BID 


ILLINOIS 26 IROQUOIS: The Hastern Illinois Power Cooperative, Watseka, Ill. 
(Ernest ¥. Bass, Project Supt.) has invited bids on the construction of 700 
miles of line. Bids will be opened on October 15, 1937. 


IDAHO 10A NEZ PERCE: The Clearwater Valley Light and Power Association 
Lewiston, wdaho, has invited bids on the Bet ond section of the project, Bids 
will be opéned October 15, 1937, (Robert Mushlitz, Project Sunt.) 


IOWA 14 Humboldt: The Humboldt County Rural Electric Cooperative, Humboldt, 

Iowa, (John H, Scoltock, Project Sunt.) has invited bids on the second section 
’ ’ t 

of the project, Bids will be opened October 13, 1937, 


IOWA 16 MONONA: The Monona County Rural Elec. Cooperative, Onava, Iowa, 
(E, H. Hall, Project Swpt.) has invited bids on the secon’ section of the 
project. Bids will be opened on October 18, 1937, 


€@ IOWA 2% CALHOUN: The Calhoun County Rural Electric Cooperative association, 
Rockwell City, Iowa (Lawrence M. Lorenzen, Project Sunt.) has invited bids on 
the building of the second section of the project. Bids will be opened 
Octover 15,01 937. 


KANSAS 15 DICKINSON: The D, S. & 0. Rural Electric Cooperative Assn., Inc., 
Solomon, Kansas (Fred B. atkins, Projegt Supt.) has invited bids on the building 
rl of the second section of the project. Bids will be ovened October 18, 1937. 


TEXAS 23 McCULLOCH: The McCulloch County Electric Cooperative, Inc,., Brady, 


Texas, (Will Kennerly, Project Supt.) has invited bids on the building of 
100 miles of line. Bids will be opened on October 12, 1937 
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RURAL ELEOTRIFI GafION aADMINISTRaTIO 
CONSTRUCTION REPORT NO. 8 OCTOBER 15, 1937 


This bulletin announces construction contracts: signed. ‘and invitations 


€ to bid cna between"October 10 and October 15, 19373 


250.6 


@en. 


2326 


CONSTRUCTION CONTRACTS  « 


aRiZONA 4 PINaL: The San Carlos Irrigation & Drainage District, Florence, 
ariz., has awarded a construction contract to the Russell Electric’ Machine 
Cos, lucson, AFiz., to tuild 77 miles‘of line,’ The low bid was $94,830.76, 


CaLIFORNIA 6 MODOC; The Surprise Valley Electrification Cornoration, alturas, 

Calif., (N. J. Churchill, Project Supt.) has awarded a contract to the 

Fairbanks Morse and Company, San Francisco, Calif., for supplying and in- 

eal the engines for the project's generating plant. The low bid was 
75,000. 


GEORGIA 67 BaCON: The Satilla Rural Electric Membership Corn., Alma, Georgia, 
(George R. umyan, Project Supt.) has awarded a construction contract to the 
W. B. Nelson Construction Co., Atlanta, Ga, to build 420 miles of line. The 
low bid was $363, 786.80. 


IDAHO 10 NEZ PERCE: The Clearwater Valley Light and Power association, 
Lewiston, Idaho ee Mushlitz, Project ean has awarded a construction 
contract to the 0. A, Carlson Blectric Co,, Seattic, eas to bund ese. 
Miles of line, the first section of the project. The low bid ~as $189,817. 70.6 


NORTH CarOLINa 27 HYDE: The Ocracoke Power & Light Commany, Ocracoke, N. C., 
has awarded a construction contract to the oe Electric Commany, Raleigh, 
N. C,, for sunplying the generating eoulnment for the vrroject. The low bid 
was $26,554, 


. 


ALABAMA 9 CLaRIG-VASEINGTON: Tho sh Tsay Electric Membership Corn., 
Coffeyville, ala., (Edward T. Bolen, Project Supt has invited bids on the 
construction of the second section of the vroject, a ee of 47.6 miles 


ae 


of line. S3ids will be opened October de, 1937. 
ar KaNSaS 13 JOHNSON; The arkansas Valley Electric Cooperative Corn., Ozark, 


ark., (Wallace M, Milton, Project Supt.) has invited bids on the construction 
of 167 miles of distribution lines. Bids will be opened October 27, 1937, 


COLORaDO 17 PROWERS: The Bent-Prowers Rural Power Line Assoc ee Lanar, 
Colo., (EB. G. Rash, Project Stmt.) has invited bids on the construction of 
165 niles of distribution lincs. Bids will de ypened October 21, eas 


ILLINOIS 26 IROQUOIS: The Eastern illinois Power Coonerative, Watseka, I1l., 
(fF irnest W. Sass, Project Sunt.) kas advised t 

on the building of 700 miles of line has been changed from October 15 to 
Oetober 20, 19375 


7 1 * Be 4) 2 A a * 5 a 
nat the date for onening bids 


nas tae 


KENTUCKY 31 UNION: The Union Coumty Rural Electric Cooperative Corps, 
Morganfield, Kentucky (Thomas.L, Spalding, Project Supt.) has invited 
bidson the construction of 185 niles of distribution lines. Bids will 
be opened October 16, 1937. S res 


WEBRASKA 54, CUMING; The Cuming County Rural Public Power District, West 
Point, Nebraska (Lester C. Sellentin, Project Sunt.) has invited bids on 
the construction of 210 miles of distribution lines. Bids will de opened 


October 27, 1937. 


= 
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RURAL ELE ECTRIFICATION ADMINISTRaTION 
CONSTRUCTION REPORT NO. 9 OCTOBER. 21, 1937 


This bulletin announces construction contracts signed and invitations 
to bid issued between October 16 and October 20, 19373 


CONSTRUCTION CONTRACTS 


238, KANSAS 7 JEWELL: The Jewell~Mitchell Electric Cooperative, Inc.) sone, 
Kansas (Ivan L. Rose, Project Superintendent) h has avynrdad a construction 
contract to the Dan Scherrer Construction Co., Kansas City, Mo., for 
building 177 miles of line. The low bid was $128,759.58. 


234, VIRGINIA 184 LANCASTER: The Virginia East Coast Utilities, Inc., 
Richmond, Virginia has awarded a construction contract to K, H, Bouligney, 
Inc., Charlotte, North Carolina, to build 130 miles of line. 


INVITATIONS TO BiD 


ARKANSAS 9 CRAIGHEaAD: The Craighead Electric Cooperative Corp., Jonesboro, 
arkansas has invited bids se the construction of 192 miles of distribution 
lines. pide Will be opened October 26, 1937. 


ARKANSAS 12 LITTLE: The S, W. Arkansas Electric Cooperative Corp., Garland, 
arkansas s (Calvin M M. Hervey, Jr., Project Suot.) has invited bids on the 
construction of 156 miles of distribution lines. Bids will be opened 
Oetoner (28, 1232. 


COLORADO 14 ALAMOSA: The San Luis Valley Rural Blectrification Co,, Monte 
Vista, Colorado (Willard I. Johnson, Project Sunt.) has invited bids on the 
construction of 136 miles of distribution lines. Bids will be opened 
November 2, 1937. 


INDIANA 15 FAYETTE: The Fayette-Union County Rural Electrit. aa 

bership Corp., Milton, Indiana has invited bids on the construction of tit 
fy 
qj 


miles of distribution lines. Bids will be opened November “1987, 


ee ee The Fulton County Rural Electric Membership Corp., 
Roche ster a Indiana (R ae L. Murray, Project ae has invited bids on the 
construction of 136 miles of distribution lines. Bids will be opened 


Oervoveraco,. L997 


INDIANA 80 NOBLE: The Noble County Rural Electric Membership Corp., Albion, 
Indiana “(Bae mand CO. Frit tz, Project Supt.) has invited bids on the construc- 
tion of 134 miles of duatri bution lines. Bids will be opened October 28, 
1937. 


WISCONSIN 45G CHIPPEWA: The Wisconsin Pover Cooperative, Chippewa Falls 
Wisconsin, has invited bits on the construction of another section of the 
project, consisting of 71 miles of tr ransmission lines and a substation, 
Bids will be opened October 26, 1937. ~ 
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RURAL ELECTRIFICATION ADMINISTRATION 


CONSTLUCTION REPORT NO. 10 OCTOBER 27, 1937 
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CONST? NSTRUCTION 6 CONTRACTS 


es NA 59 WAYNE: ‘The Wayme County Rural Elec. Membership Corp., Richmond, 
Indiana (Lester Snyder, Superintendent and J, C. Ashby, 309 W. Washington 
cae Indianavolis, Peter e Engineer) has awarded a construction contract 
to the O'Rourke Blectric Service Coroany, Mount Vernon, 88 Pye of ewes aon 
the first section of the nro ject. ‘The low bid was $75, 39 Co 


LOUISIANA 6 ST. MARY: Tho Teche Electric Membership Corp., Franklin, Ia., 

I. S-» Wooster, Superintendant and William G. Morrison, 912 Professional 
Building, Waco, Texas, Engi neer) has awarded a construe tion contract to 
dohn Oman, Jr., Nashvillo, Tenn., for building 113% miles of line. The 
low bid was $77,687.89. 


LOUISIANA 7 GRANT: The Valley Electric Membership Corp., Natchitoches, La., 
(BE. J. Gioring, Jr., Swoerintendent and William G, Morrison, Waco, Toxas, 
Engineer) has awarded a construction contract to. Brown and Root, Inc., 
Austin, Texas, for building 216 miles of linc. The low bid was $150,812.28. 


LOUISIANA 9 Lafat VETTE: ‘The Southwest Louisiana Electric Membership Corn., 
Lafayette, Louisiana (Harry B. Bowles, Sunerintendent and William G. 
Morrison, Waco, Texas, Engineer) has awarded a construction contract to the 
0. 0. Fuller Construction Comeany, Nevada, Missouri for building A85s miles 
nf line. The low did was $321,903.47. 


MINNESOTA 60 REDWOOD; The Central Minnesota Coopcrative Power Ass'n., Red- 
wood Falls, Minnesota (James Rasmussen, Suverintendent and Toltz, Sing and 
Day Engineering Comany, St. Paul, Minnesota, Engincers) has awarded a 
‘construction contract to the W. a. Reet enn Company, St. Paul, Minnesota 
for building 97 miles of line, the second section of the project. The low 


bid was $91,751.94. 


OREGON 2 LANE: ‘The Blachly-Lane County Cooperative Hlectric association, 
Binchiy Oregon (V. A. Parker, Suncrintendent and Baar % Cunningham, 414 
Spalding Bldg., Portland, Oregon, Engineers) has awarded a construction 
contract to the NePage McKenny Company, Seattle, Washington, for building 
49 atl’e of line, fhe low bid was $47,225 e4Os 


re 

1d; 

4 
if 

WYOMING 13 WaSHAKIZ: The Washakie Rural Electric Company, Worland, Wyoming 

(Edward T, Nissen, Superintendent and Bell & Donnell, a ees Wyoming, 


Engineer s) nis awarded a construction contract to I, M. Cooma Worland, 
Wyoming, for building 61.8 miles of line. The low bid was $44,619.70. 
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CONSTRUCTION REPORT NO. 10 were October 27, 1937 


G 


INVITATIONS TO BID ~ 


IOWA 31 GRUNDY: ‘The Grundy County Rural Electric Cooperative, Grundy 
Center, Iowa (Raleigh F. Cramer, Supérintendent and Young & Stanley,Inc., 
211 Iowa Avenue, Muscatine, Iowa, Engineers) has invited bids on the 
construction of 249 miles of distribution lines. Bids were opondd 
October..26,: 1937. 


MINNESOTA 34 STEARNS; The Stearns County Cooperative Electric, Sauk 
Centre, Minnesota (Crys S. Stalberger, Superintendent ‘and Hllerbe and 
Company, E-1021 First National Bank Bldg., St. Paul, Minn,., Engineers) 
has invited bids on the construétion of 138.1 miles of distribution |. - 
lines. Bids will be opened November 5, 1937. me @ 


MISSISSIPPI 234 COPIAH: The Southwest Mississippi Electric Power Ass'n., 
Lorman, Mississinpoi ( J. S. Drane, Superintendent and Mississinpi Rural 
Electrification Authority, 426 Yazoo St., Jackson, Miss., Engineers) has 
invited bics on the construction of 258 miles of distribution lines. Bids 
will be opened Novemnecr 3, 1937. 


MISSISSIPPI 20A YAZOO; The Yazoo Valley Electric Power Association, Germania, 
Mississippi (Mississippi Rural Electrification Authority, 426 Yazoo St., 
Jackson, Miss., Engineers) has invited bids on the construction of 158 

Miles of distribution lincs. Bids will be oponed November 2, 1937. 
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RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO. 11 NOVEMBER 4, 1937 


30. 


243. 


244. 


Tais bul ete stin announces construction contracts signed and invitations to 
issued between October 265 and November 3, 19373 


CONSTRUCTION CONTRACTS 
ARKANSAS 11 JACKSON; The Farmers Electric oo eunibe Cory., Newport, Ark., 
(Corbett Jonnston, on, Project Supt., and William G. Morrison, Waco, Texas, 
Engineer), nas awarded a. construction contract to the Cater Const PYUCtLOM LOG s., 
Inc., Kansas City,’ Mo., for building 268 miles of line, the entire vroject. 
The low bid was $198,2 28 45. 


INDIANA 16 HENRY: The Henry County Rural Electric Membership Corn., Newcastle, 
inc., (Indiana Ridevitn’ REMC, 309 W. Washington St., Indianapolis, Ind., 
inzineer) has anproved amendment to the construction contract for the project 


to 


to build about 50 additional miles of line. This amendment nermits the con- 
tractor, the Andrews Asvhalt Paving Cow, Hamilton, Ohio, suriding the first 
section, to build the second aiso, costing $56,280.84 fort materials: anv dlapor, 


sa 44% : DA ie 5 4 + = ~ wry ay -f 4 + 7 » la ~ a + 
based upon the same unit prices as were effective on the first Section. 


NORTH CAROLINA a7 HYDE; The Ocracoke Power and Light Co., Ocracoke, Nort, 
Carolina (P. M. An derson, investment, Blde.., Washington, D. C., Engincer) Beh 
awarded a construc a contract: to. T..W. Scardorough, Pepe ke, North Carolina, 


for the construction of the buildins to house the gencrating cquipment on the 
* Th ed he ae 
project. -she Low Did was $2,250, 


ear 


TEXAS 23 McCULLOCH: The McCulloch County Electric Cooverative, Inc., Brady, 
Texas (Will) Kenneriy, Project Supt.,;and William G. bysup tees: Cie Texas , 
Engineer) has awarded a PeesEruction contract to th re Die ctric, Cony 
fort) torte, Texas, for building 1064 Miles of cee eeit bitien Limes, tic Firs: 
section of the vroject. The low bid was $70,668.78. 


Mess op Tk AT <I 8 r 2 ™ i Rae ah) 4, : * Ae bk ae \ 
THAAS.67 RAINS-ROCKWALL?) The Farmers Bleetric Cooverative, Inc., Greenville, 
Uwe whe Gy fn VUnmrnazany Mita Traseaa non oAnr has avo are | ZA On ra) net ip 
OLS 5 wt Pare MOT oO. eC, oxXxas, Lnsinecl YES AWaArOee GB Construct Lon 
= a sf ani ms Inalncerm oa e EE cee . £ 
contract to J. E. Morgan & Sons, El Paso, Texas, for building 594 miles of 
i —- 4 Elta 2 ee Se Teh ee Qo } 
line} the entire project. The low bid was $396,692.91. 
A a a ge Vin boo 
INVITATIONS TO BID 


invited bide on 


Hie Gots 


re: Pe . Mont xeptit 
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Bureau, Henderson, 
ing oquipment for tne Harderson municinal power plant. 
November 2, 1927, 


i 
: - L Tebeo,, Farm 
al steam goncerat— 


PY 


if 
ALE, 

ey) eas x 
1GS Were ovucnea 


KENTUCKY 27 BOYLE: The Inter-County Rural Electric Cooperative Corn., DOnvilve, 
Ky., (ars Ve honee, Projeet cunt., ang Kay v. Chanaverry, inc., Realty ; 
Louisville, Ky., Engineer) has invited bids on the building of 250 miles of 
Jine. sids were ovened October 279, 1937. ae 


‘@ 


A 


MICHIGAN 5 LENAWEES The Southeastern Michigan. Rural Electrification Coop., Inc., 
Blissfield, Michigan (Lee Bettis, Pr To ject : Supt., and Roy A. White, 901 Calvin St., 

S. B., Grand Rapids, Michigan, in zineer) has invited bids on furnishing and in- hi 
stalling two Diesel-electric generating ynits having a combined capicity of not (es 
less than 1000 hp or more thon 1100 hp. Bids will be opened November 13, Lose 

¢ 10300 A.M. 


o 
=> 
1} 
6] 


MISSOURI 20 MARION: The Missouri Rural Electric Cooperative Assn., Palmyra, Mo., 
(Paul G. Lohononuer, Project Supt., ond M. B. Messlor, 617 Broadway, dannibal, Mo. 
Enezineer) hag invited bids on the coustruction of 105 niles ‘of line, the entire 
second section of the project. Bids will be opened November 5, 1937 at 10:00 A.M. 


NEBRASKA 24 LANCASTER: The Lancaster County Rural Public Power District, Lincoln, 
Nebraska (iidves te arn Engineering Co., 2408 West 2nd Street, Hastings, Nebraska, 
Enginecr, and R. T. Abernethy, Project Supt. ) has invited bids on the construction 
of 130 miles of distribution lines, the entire second section of the oro ject. 

Bids will be ovened November 15, 1937. 


NORTH CAROLINA 25 RUTHERFORD: The Rutherford Rural Electric Mutual Association, e 
Inc., Forost City, North Carolina (DoB: eae Bostic, North Carolina, Project 

Sunt., and tho Harwond Beebe Company, Spartanourg, South Carolina, Engineer) has 
invited bids on the eanstruction of 95 miles of line, the entire project. Bids 

will be opened November 15, 1937, 


TEXAS 40 BOWIE: Tho M.B.C. Blectric Cooverative, Douglassville, Texes, (James 
H.. Simms, Pres ctedhs and William G. Morrison, Waco, Texas, Enzineer) has invited 
bids on tho CONE Vr action of 202 miles of line, the entire first section of the 


¥ 
rotoct. Bids will be ovened November 8, 1937, at 3:00 P.M, 
wv b 


TEXAS 48 HIDALGO: The Magic Valley Electric Ceonerative, Inc., Mercedes, Texas, 
(William G. Morrison, Waco, Texas, Engineer) has invited bids on the construction 
of 235 miles of line, the first section of the projoct. Bids will be opened 
November 5; 1937, at 10:00 a.M. 


WISCONSIN 42% GRANT: The Grant. County ii oe at Rural Electric Association, 
Tisconsin (Earl E. Raisbeck, Project Supt., and Wisconsin Rural 
erative aac et ne Tonney Building, Madison, Wisconsin, Engineer) 
ited bids on the construction of 152 miles of the entire first 
Ka 


ane) 

fot 

i+ 

1) 

1D G. 


section Sf ther project. Bids will be opened November 8, 1937, at 10:00 A.M, in € 
the office of the County Agricultural agent, Court House, Lancaster, Wiscensin. i 
WISCONSIN 46 LAFAYETTE: The Lafayette Eloctric Cooperative, Darlington, Wisconsin 


fie eee Rural Electric Cooverative association, Tenney Building, Madison, 

Wisconsin, Engineer) has invited bids on the construction of 147 miles of line, 

the entire vroject. Bids will be ovcned November 10, 1937, at 10:00 VMS ie 
Lt 


; 
vw 
the office of tho County Agricultural Agont, Court Heuse, Darlington, Wisconsin. ¢ 
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RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO. 12 November 12, 1937 


This bulletin announces construction contracts and invitations to 


bid issued between November 4 and November ll, 19373 


113. 


P26. 


LAD. 


246. 


CONSTRUCTION CONTRACTS 


DELAWARE 2 SUSSEX: The Delaware Rural Electric Association, Georgetown, 
Delaware, (Roland J. S. Marsh, Project Sunt., and Gibbs & Hill, Baltimore, 
Maryland, Engineer) has awarded a construction contract to the Whitley 
Electric Company, Baltimore, Maryland, for building the substations for 
both sections of this project. The low bid was $8,427.41. 


IOWA 14 HUMBOLDT: The Humboldt County Rural Electric Cooperative, 
Humboldt, Lowa, (John H. Scoltock, Project Supt., and Young & Stanley, 
Muscatine, Iowa, Engineer) has awarded a construction contract to Snyder 
& Johnson, Humboldt, Iowa, for building the second section of this proj- 
ect, for which $115,000 has teen allotted. The low bid was $88,378.58, 


IOWA 33 CALHOUN: The Calhoun County Rural Electric Cooperative Assn., 
Rockwell City, Iowa, (L. M, Lorenzen, Project Supt., and Young & Stanley, 
Muscatine, Iowa, Engineer) has awarded a construction contract to the 
Diplex Mfg. Company, Omaha, Nebraska, for building the second section of 
this project, 121 miles to serve some 270 customers. The low bid was 
$111,014.20. 


KENTUCKY 31 UNION: The Union County Rural Electric Coop. Corps, Morgan- 
field, Kentucky, (7. L. Spalding, Project Sunt., and Ray W. Chanaberry, 


Inc., Louisville, Kentucky, Engineer) has avarded a contract for building 


-this project - 185 miles - to Henry Bickel Company, Louisville, Kentucky. 


The low bid was $133,679.86. 


OKLAHOMA 14 LOVE: The Red River Valley Rural Electric Comoany, Thacker- 
ville, Oklahoma, (Ware C. Hich, Project Supt., and E. T. Archer & Co., 
Kansas City, Missouri, Enginocr) has awarded a contract for building the 
entire project - 150 miles - to P. #. Workman, Dallas, Texas. The low 
bid was $127,609.02. 


INVITATICNS TO Bi 


MICHIGAN 20 DELTA; The Alger-Delts Cooperative Electric Association, 
Rapid River, Michigan, has savitod bids on the construction of its entire 
project, some 113 miles of line. Bidders may got information from the 
sponsors. The bids will de opened in the office of the cooperative on 
November 15, 1937, at 10:00 A.M. 


MICHIGAN 29 ONTONAGON: The Ontonazon County Rural Floctrification Assn., 
Ontonagon, Michigan, (William Davidson, Project Supt., and Toltz, King & 
Day, St. Paul, Minnesota, Enginecr) has invited bids on the construction 
of its entire project, 113 miles of line. Bids were opened November 10, 


1937. 


t 
ae) 
t 


NEBRASKA 25 SALINE: i Norris Rural Public Power District, Crete, 
Wobraska, (Anton Ml. Vasnk, Project Supt., and Davis & Schwob, Crete, 
Nebraska, Enzineor) has issued invitations to bid on the construction 
of its entire project, 130 miles of line, Bids will be opened in the 
Courthouse, Wilber, Neoraska, on November 18, 1937, at 10:00 A.M, 


CAS 52 FANNIN: Tho Fa nnin Sea rrr Blectrificati 
Whitowright, Toxns, ( Wm.-.G. Morrison, Waco, Texas, eS ng 
itations to. bid on the construction of 110 miles of 1 
tion of tho- project. Bids will be opened in the of rea 
orative. on Noverber 16,.1937, at 10:00 A.M. 


on Association, 
noo?) has issued 
inc, the first 
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-- RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO, 13 ie } Novembermig@, 1937 


This bulletin announces construction contracts and invitations to towel 


issued between November 11 and November 17, 19373. 


CONSTRUCTION CONTRACTS 


247, ILLINOIS 26 Iroquois: Eastern Illinois Power ‘Cooperative, Watseka, I1l., 


248. 


36-6 


249. 


200. 


187. 


(Ernest W..Sass, Superintendent; Caldwell Engineering Co., Jacksonville, 
Ill., HIngineer) has awarded a construction contract to the A. S. Schulman 
Electric Co., Chicago, J11., for building the first 700 miles of this proj- 
ect. This section is designed to serve 1,870 customers. The low bid was 
$555,906.70. wen 


INDIANA 37 Jay: The Jay County Rural Electric Member ship Corporation, 
Portland, -ind., (John Macklin, Pres.; Indiana Statewide REMC, Indianapolis, 
ind., Engineer) has awarded a construction contract to Haines & Haines Con- 
struction Co., Dowagiac, Mich., for building the entire project - 141 miles. 
The low bid wag $111,788.50. a“ 


IOWA 9 Scott: The Eastern Iowa Light: and Power Cooperative, Davennort, 
Iowa, (Chester Lake, Superintendent; J. P, Hand, Davenport; Enginecr) has 
awarded a contract to the Monroe Electric Co., Chicago, Tl ied for soudaerne 


‘another section of this project, consisting of 93 miles of line, serving 


287 customers. The low bid was $100,908.41. 

. ” a a 

IOWA 16 Monona: . Tae Monona County Rural Electric Coonerative, Onawa, .lowa, 
(EB. H, Hall, Superintendent; 4. 5S. Harrington, Omaha. Enginéer) has awarded 
a construction contract to the Duplex Manufacturing Co., Omaha, for build- 


ing the entire project - 244 miles of line. The low bid was $175,897.96. 


IOWA 31 Grundy; The Grundy County Rural Electric Cooperative, Grundy 
Center, lowa, (R. F. Cramer, Suoerintendent; Young & Stanley, Muscatine, 
Engineer) has awarded a contract to the Portsr-DeWirt Construction CA ae 
Kirkwood, Mo., for milding the second section of this, progect. The, Low 
bid was $97,405.40. The total cost on that basis, Witn meters and over- 
hend added, would be $112,376.40. However. this nrovides for. mileage 
which the allotment does not cover. The construction must not exceed the 
amount of the allotment, which was $100,000. 


KENTUGKY 40. Jessamine: The Blue Grass Hlectric Coonerative Corp.,Nicholas~ 
ville, Ky., (Phil :R. Holloway, Superintendent; R. W. Chanaberry,Louisville, 
Engineer) has awarded a construction contract to the A. Ap Electric, Co.., 
Cicero, lll, for building the entire project, 108.5 miles. The Low bid 
was, $82,058.90. 


MICHIGAN 37 Huron: The Thumb Electric Coop. of Mich., Ubly, Mich., (Frank 
Wilson, Superintendent; Southern Mich. Eng. Corp., Lansing; Engineer) has 
awarded a contract to.the Fairbanks Morse & Co., Beloit, Wisc., for supply- 
ing the three 1,000 h.p. diesel-powered generating units to be used in this 
project. The low bid. was $187,500. setae ik lk 


1433 
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52, MISSISSIPPI 1 Monroe: The Monroe County Electric Power Assn., invry De 
has awarded a construction contract to the Tennessee Valley Authority for 
building the second section of this project. The contract calls for the 
TVA to receive the actual cost of labor and materials plus 123 percent. 

This contract calls for building only the first 65 miles although more than 
100 miles have been authorized. The consumers on the sections of the line 


left out at this time are not yet ready for service,-and until their homes 
are wired and the proper equipment installed the cooperative will not re- 


lease the balance of the section for service. 


551, NCRTH CAROLINA 14 Pitt; The Pitt & Greene Electric Membership Corp., 
7 Farmville, N. C., (P. M. Anderson, Washington, Dy, C., Engineer) has awarded 
a contract to the F. G. Hitt Co., Culpepper, Va., for: building the entire 
project - 56 miles of line. The low bid was $55,115,763 : 


252, TENNESSEE 17 Hardeman: The City of Bolivar, Tenn., has awarded a construc— 
tion contract to the Tennessee Valley Authority for building this project ~ 
12.6 miles. TVA will receive the actual cost of labor and materials plus 
1234, As much of the lines will be constructed as the allotment of $13,200 
will permit. ae 


INVITATIONS TO BID 
GEORGIA 42 Toombs: The Altamaha Electric Membership Coop., Lyons, Ga., (Dr. W. 
A. Chapman, Superintendent; J. B. McCrary Engineering Co., Atlanta, Engineer) 
-has invited bids on the construction of the third section of this project, con- 
sisting of 118 miles of line. Bidders may get information from the sponsors or 
the engineer. Bids will be opened in ‘the office of the cooperative on Nov. 29. 


NEW MEXICO 4 Eddy: The Central Valley Electric Membership Corp., Artesia, New 
Mexico, (R. EB. Coleman, Lake Arthur, Superintendent; 5. Tf, Archer, Kansas City, 
Mo., Engineer) \has issued invitations to bid on the construction of. this entire 
project lines ~ 80.6 miles - in one invitation and the generating plant in 
‘another. Bidders may get information from the sponsors or the engineer. The 
bids will be opened in the office of the cooperative on November 29, 1937. 


CREGON 2 Lane: The Blachly-Lane County Coop. Elec. Assn,, Blachiy, Oregon, 

(V. A, Parker, Superintendent; Baar & Cunningham, Spalding Bidg., Portland, Ore., 
Engineer) hag issued invitations to bid on furnishing the complete hydraulic and 
electrical equipment for a 150 KW hydro-electric generating station. Bidders 

may get information from the project’ superintendent or from the engineers. The 
plant is to be built on Lake Creek below Triangle Lake, Bids wili be opened in e 
the office of the Association on November 20, 1937, at 10:00 aA.h, 


WASHINGTON 9 San Juan: ‘Tho Orcas Power & Light Co., East Sound, Wash., (O28. 
Gerard, Superintendent; T, ©. Smith, Henry Bldag., Seattle, WYash,, Engineer) has 
invited bids on the furnishing of all materials, labor and performing all work 

for furnishing and installing two Diesel generating units having a combined 
capacity of 225 H.P. Bidders may get information from the sponsors or the. 
engineer. The bids will be opened in the office of the company on-November 19, ( 
1937, at 10:00 A.M. oh le 


WISCONSIN 25 Monroe: The Oakdale Coop. Blectrical Assn., Oakdale, Wis, (Wis. — 
Rural Elec. Coon, sssn,, Madison, Eneineer) has issued invitations ‘to bid on the 
construction of the second section of this project. Bidders may get information 
from the sponsors or the engineer, Bids will be ovened in the office of the 
‘cooperative on November 24, 1937, | 


RURAL ELECTRIFICATION ADMINISTRATION 
CONSTRUCTION REPORT NO. 14 NOVEMBER 27, 1937 


This bulletin announces construction contracts and invitations to bid 
issued between November 17 and November 26, 1937: 


CONSTRUCTION CONTRACTS 
252. COLORADO 17 Prowers: The Bent-Prowers Rural Power Lines Association, Lamar, 
Colorado, (E. G. Rash, Wheatland, Wyoming, Superintendent, and Glenn R, 
Fickel, Denver, Colorado, Engineer) has awarded.a contract to the Chapin 
Contracting Company, Wichita, Kansas for building the entire project - 
162,16 miles of line. The low bid was $112,547.02. 


195, MINNESOTA 66 Nobles: The Nobles Cooperative Electric Association, Worthing- 
ton, Minnesota (Jay H. Seymour, Sugerintendent, and Bannister Engineering 
Co., St. Paul, Engineer) has awarded a construction contract to the 
C, F. Lytle Company, Sioux City, iowa, for building the second section of 
this project, consisting of G7 miles of line to serve 203 customers. The 
low did was $90,560.80. | 


254, MISSISSIPPI 24 Lafayette: The North East Mississippi Hlectric Power 
‘Association, Oxford, Miss. (W. D. Hedleston, Superintendent, and A. R. 
Lewis, Memphis, Engineer) has awarded a contract for building the entire 
project - 134 miles of line - to John Omah, Jr., Nashville, Tennessee, 
The low bid was $88,411.05- 


INVITATIONS 10 BID 


CALIFORNIA 1 Imperial: The Imperial Irrieetion District, Hl Centro, California 
(M. Js Dowd, Imperial, California, Engineer) has invited bids on the construc~ 
tion of this entire project - 600 miles of line. The bids will be opened in the 


office of the Board of Directors, Hl Centro, California, on December 7, 1937. 


GEORGIA 8068 Grady: The Grady County Electrical Asm., Cairo, Georgia (N. W, 
Stanfill, Superintendent and E. P. MeLean, Moultrie, Engineer) has issued 
invitations to bid on the construction of thig entire project - 75 miles of 
line, Bidders may obtain information from the sponsors oF the engineer. Bids 
will be opened in the office of the cognerative on December 1, 1937 » 


———— t 


Nebraska (F. H. Wheeler, Gibbon, Nebras«a Sinerintendent, and Robert Fulton 
' ’ ’ i ’ ; y 
932% South 19th Street, Lincoln, Nebraska, Ensrineer) hag issued invitations to 
bia on the construction of this entire nroject - 116 miles of line. Bidders 
nro) ; 
may obtain information from the svnonsors or the engineer. Bids will be ovened 
tn the office of the owners on December 1, 1937. 


NEBRASKA 53 Buffalo: The Buffalo Courty Pihlic Power District, Kearney, 


, 
TEXAS 83 McLennan: The McLennan County Rural Electric Company, McGregor, Texas 
(%. le Phillips + Correspondent, and Wn. G, Mérrison, 912 Professional Bldg,, 
Waco, Texas, Engineer) hag issued invitations to bid on the construction of this 
entire project - 110 miles of line. Information may be obtained from the spon- 
sors or the engineer. Bids will be opened in the office of the cooperative on 


November 30, 1937. 
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RURAL ELECTRIFICATION ADMINISTRATION 
CONSTRUCTION REPORT NO. 15 December 4, 1937 


This bulletin announces construction contracts and invitations to bid 
issued between November 26 and December 3, 1937: 


CONSTRUCTION CONTRACTS 


255. ARKANSAS 13 Johnson: The Arkansas Valley Electric Coonerative Corp., 
Ozark, Aransas (Wallace M. Milton, Suverintendent, and William G, 
Morrison, Waco, Texas, Enzineer) has awarded a contract to the Cater 

az 
Construction Company, Kansas City, Mo. for building the entire project - 
= b wo 
239 miles of line The low 91d wie $163,724.04. 


256. COLORADO 14 Alamosa: The San Luis Valley Rural Hlectrification Company, 
Monte Vista, Colorado (Willard I. Johnson, Center, Colorado, Superin ntend- 
ent, and C. ©. Gox, Amarillo, Texas, Engineer) has awarded a construction 
contract to the Driscoll Construction Commany, Pueblo, Colorado, for build- 
ing the entire project - 136 miles of line. The low bid was $98,074.94. 


257. KENTUCKY 27 Boyle: The Inter-County Rural Electric Coop. Corn., Danville, 
Kentucky uae J. Achee, Sunerintendent and Ray W7. Chanaberry, Inc., 
Louisville, Engineer) has awarded a contract for suilding the entire 
project. —- 275 miles of lina - nal Michael J. McDermott, Chicago, Illinois. 


The low bid was $199,390.40. 


WISCONSIN 45 Chivnewa: Wisconsin Power Cooperative, cbippere Falls, 

Wisconsin (Edward B. Wayts, Swoecrintendent and Bannister Engineering Co., 

St. Paul, Minn. (Gen.): Wise. Rural Elec. Coop., Tenney ABS es Madison, 
bas 


ed a contract for building the third section 


a 
T1uaGins) thres eapeicare at to the Holtz 
nowa Falls, Wisc. The low bid was 


‘] 


(Trans. ) Engine 
of a tranenissi 
Brothors Electr 
$118,815.64, 


INVITATIONS TO 31D 


NEBRASZA 56 Cedar; The Cedar County Rural Public Power District, Hartington, 
Nebraska (H. E. Henningson, One, Bneineer) has invited bids on the construc- 
tion of this entire projoct - 180 miles of line, Bidders may obtain informe- 
tion from the sponsors or the enginecr. The bids will be opened in the office 
ef the cooperative on Decembcr 9, 19387. 


SOUTH CAROLINA 16 Yor The State Rural Electrification Authority, Columbia, 
South Carolina Cle & eee bas ibia , Enzincer) has issued invitations to 
bid on the construction of this balire Mom eet - 100 miles of Line. Info rme- 
tion may be obtained from the snonsors or the enginccr. Bids. will be ovened 
in the offieo of the snonsors on December 10, 1937, 
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RURaL ELECTRIFICATION aDMINISTRaTION 
CONSTRUCTION REPORT NO, 16 December 11, 1937 


This bulletin announces construction contracts and invitations to bid 
@ ssued between December 3 and December 10, 19373 


yy 


CONSTRUCTION CONTRACTS 


58, MISSOURI] 20 Marion: The Missouri Rural Blectric Cooverative Assn., Palmyra, 
Missouri (Paul G. Lohenbauer, Superintendent and M. B. Messler, 617 Broadway, 
Hannibal, Moe Engineer) has awarded a contract to the Federal Engineering and 
Construction Co., Kansas City, Mo. for building the second section of this 
project, consisting of 105 miles of line. The low did was $85,049.75. 


204, SOUTH DakKOTA 6 Union; The Union County Rural Power Company, Elk Pointy South 
Dakota (Vincent M. Gill, Sunerintendent and Buell @ Winter, Sioux City, Lowa, 
Engineer) has awarded a construction contract to the Jensen and Krage Con- 
struction Cos, Sioux Citi, Iowa, for building the second section of this 

9 nroject ~ 98 miles of line. The low bid was $68,966.59. 


258, WISCONSIN 9 LaCrosse: Tho Town of Bangor (9rrin S. Fletcher, Mayor,and the 
Wisc. Rural Electric Coop. Assn,., Madison, Enginecr) has awarded a contract 
for the construction of the entire project - 60 miles of line ~ to the 
Harold LaPage Co., Inc., Sheboygan, Wisconsin, The low bid was $47,382.70. 


INVITATIONS 1 BID 


GEORGIA 69 Washington: The Washington County Electric iiembershin Corp., Sander s- 
ville, Georgia (J. B. McCrary Engineering Corp., Atlanta, Engineer) has invited 

bids on the construction of this entire project - 75 miles of line, Bidders may 
obtain information from the engineer. Bids will be opened in the office of the 
Corvoration's Attorney, i. L. Gross, Sandersville, on December 15, 1937 at 19:00 Al. 


GEORGIA 70 Mitchell: The Mitchell County Electric Membership Corp., Camilla, Ga. 
(J, B. keCrary Engineering Corn., atianta, Engineer) has issued invitations to bid 
on the construction of the first 74-mile section of this project, Information nay 
be obtained from the sponsors or the engineer. The bids will be opened in -the of- 
fice of the Cornoration's Attorney, R. HE. Culpepner, Camilla, on December 21, 1937. 
GEOR Gla 74 Jeffersont The Jefferson County Electric Membership Corps, Louisviale, 
Ica. (James Bs Polhill, Jr., Superintendent and J. 3, iicCrary, atlanta, Engineer) 
has issued invitations to bid on the construction of thig entire project - 75 miles. 
Bidders may obtain information from the sponsors or the engineer. The bids will be 
opened in the office of the Corporation's Attorney, Judge 2. G, Price, on Dec. 17, 


IOWA 30 Franklin; The Franklin Rural Flectric Cooperative, Hanmmton, Iowa (Dallas M. 
Harrison, Superintendent and Buell & Winter, Sioux City, Engineer) has invited bids 
) @- the construction of this entire nroject - 212 miles of line. Information may be 
obtained cither from the sponsors or the engineer, Bids will be opened in the of- 
fice of the cooperative on December 14, 1937. 
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3 ‘RURAL ELECTRIFICATION ADMINISTRATION 
CONSTRUCTION REPORT -NO. 17 December 18, 1937 


This bulletin announces construction contracts and invitations to bid 
between December 10 and December 17, 1937! ; 


© CONSTRUCTION CONTRACTS 


1. ALABAMA 9 CLARKE-WASHINGTON: The Clarke-Washington Electric Membership Corp., 
Coffeyville, Alatama (Edward T. Bolen, Superintendent and Alabama Rural Elec- 
trification Authority, Montgomery, Ala., Engineer) has awarded a contract to 
the Stuart C. Irby Co., Jackson, Miss. for building the second section of this 
project, consisting of 47.6 miles of line. The low bid was $25,637.30. 


259, ALABAMA 23 PIKE: The South Alabama Electric Membership Cornp., Troy, Alabama 
Janes EH. Scheussler, Superintendent and Alabama Rural Electrification 
Authority, Montgomery, Ala., Engineer) has awarded a contract to W. L. Coston 
and Sons, Bessemer, Alabama, for the construction of the entire project - 670 
miles of line. ‘The low bid was $486,527.30. 


@ x. ARKANSAS 9 CRAIGHHAD: The Craighead Electric Cooverative Corp-, Jonesboro, 
Arkansas (Robert Cherry, Superintendent and William G. Morrison, Waco, Texas, 
Engineer) nas awarded a contract to the L. O. Brayton & Co., Dyersburg, Tenn. , 
for building the entire project, consisting of 232 miles of line. The low bid 
was $158,829.63. 


261. ARKANSAS 12 MILLER: The S. W. Arkansas Blectric Coop. Corp., Garland, Arkansas, 
(Calvin M. Hervey, Jr., Sunerintendent and. Tdlliam G. Morrison, Waco, Texas, 
Engineer) has awarded a contract to the Stiers Bros. Construction Coast. 
Louis, Missouri, for building the entire project consisting of LZ. ami lesser 
line. The low bid was $110,168.22. 


235, INDIANA 59 WAYNE: ‘The Wayne County Rural Elec. Membership Corn., Richmond, 
Indiana (Lester Snyder, Superintendent and James C. Ashby, Indiana Statewide 
REMC, Indianapolis, Engineer) has awarded a contract to thetie we Rleseric 
Company, Cicero, Illinois, for building the second section of the projoct, 
consisting of 150 miles of line. The low bid was $118,004.96. 


962, KANSAS 15 DICKINSON: The D, Ss, & 0. Rural Electric Cooperative Aseti.-s 2htas 
Solomon, Kansas, (Fred.B. Atkins, Suoerintendent and Rm, T. Archer, New England 
} Bldg., Kansas City, Mo., Engineer) has awarded a contract for the construction 
9 of the entire vroject - 355 miles of line - to the Chapin Contracting Co., 


G 
Wichita, Kansas. The low bid was $282,598.57. 


263, MICHIGAN 29 ONTONAGON: he Ontonagon County Rural Electrification Association, 
Ontonagon, Michigan (William Davidson, Superintendent and Toltz, King and Day, 
Ste Paul, Minn. ; Engineer) has awarded a contract to the Langford Electric 
Company, Minneapolis, Minn,, for the construction of 130.4 miles of lihe, the 

9 entire vroject. The low bid was $109,074.79. 

264. MINNESOTA 34 STEARNS: The Stearns Cooverative Blectric Association, St. 
Cloud, Minnesota, (Chrys P. Stalberger, Superintendent and Ellerbe & Co., 

St. Paul, Engineer) has awarded a contract to E. W.Wylie, Inc., 2237 Ford 

Road, (St. Paul, Minn., for the construction of the entire project - 138.1 

miles of line. The low bid was $109,228.71. 
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265, MISSISSIPPI 20 YAZO00: The Yazoo Valley Electric Power Association, Yazoo 
City, Miss., (C. A. Blakemore, Superintendent and aos lis ssissinppi Rural Blec- 
trification authority, 426 tee zoo Street, Jackson, Miss., Engineer) has cward= 
ed a contract to Sullivan, Long & Hagerty, Bessemer, Alabama, for building 
the entire vroject, consisting of 156 miles of line. The low bid was & 


$95,891.57. 


266. TEXAS 50 GRAYSON: The Grayson-Collins Blectric Coop., Inc., Van #! ete 
Texas, (Walter Barron, Superintendent and Hawley, Freese and Nichols, Fort’ 
Worth, Texas, Engineer) has awarded a contract to the Bugene Ashe Electric 
Company, Fort Worth, Texas, for building 107 miles of line, the entire DrO- 
ject. Tho low bid was $69,055.66. 


267. TEXAS 52 FANNIN: The Fannin County Rural Electrification Association, 
Whitowright, Toxas, (J. B. Richey, Suverintendent, and William G. Morrison, 
Waco, Texas, Engineor) has awarded a contract to P. EB. Workman, Dallas, Tox., 

for building the first section of the vroject, consisting of 125 miles of 

line, Tho low bid was $91,344.60. a 6 


268. WASHINGTON 25 COWLITZ: The Public Utility District No. 1 of Cowlitz County, 
1423 Vandercook Way, Longviow, Washington (T. A. Christenson, Superintendent 
and Baar & Cunningham, Portland, Oregon, Engineer) has ewarded a contract to 
NePage & McKinny Co., Seattle, Washington, for building the onvird project 
consisting of 89 miles of line. The low bid was $73,552.45. 


269. WISCONSIN 43 GRANT; -The Grant County Cooperative Rural Electric Association, 
Lancaster, Wisconsin, (Earl E. Raisbeck, Suncrintendent and the Wisc n 
Rural Electric OCECr ahaa | Madison, Wisconsin, Bnginoer) has awarded 
contract to L. G. Arnold and Comoany, Eau Clairc, Wisconsin, for bui 
169 milos of line, the entire project. The low bid was $164,415.60, 
270. WISCONSIN 46 LAFAYETTEs The Lafayotte Electric Cooporative, Darlington, Wisc., 
Wisconsin Rural Electric Sooners Ass'n., Madison, Wisconsin, ZEnzincor 
S$ awarded a contract to the ©. .. Hooper Co., Madison, Wisconsin, for build- 


Se) 
Th 
ut 


ing the entire vroject, consisting of 149 miles of linc. Tho low bid was 
$119,170.58. | 
INVITATIONS TO BID 
KENTUCKY 26 TODD: The Pennyrile Rural Electric Coop., Corp-, Elkton, Kentucky, e 
(J. T. Warron, Superintendent, and Ray W. Chanaborry, Inc,, Louisville, Paeteoees 


has invited bids on the construction of tho entire project - 225 miles of line. 
Bids were opencd December 14, 1937, 


PENNSYLVANIA 17 . MSTRONG: The Central Pennsylvania Rural Elec. Coop. Co., 42 
Washington Strect, Parkers Landing, Pa,, (C. H. Smith, Superintendent and Gibbs & 
Hill, Inc., Room 490, Pa. Station,..New York Cits) has invited bids on’ the construc- 
tion of the entire project, consisting of 425 miles of line. Bids were openod ¢ 
December 14, 1937, 
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RURAL ELECTRIFICATION ADMINISTRATION 


This eit eein announces construction contracts and invitations to bid 


between December 18 and. December 31, 1937% 
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CONSTRUCTION CONTRACTS 


IDAHO 10 NEZ PERCE: The Clearwater Valley Lizht and Power Association, 
Lewiston, Idaho (A. R. Mushlitz, Superintendent and T. C. Smith, Seattle, 
Washington, Engineer) has awarded a contract to the Wayne-Burnaby, Inc., 
Spokane, Washington, for building the second section ar tne. progeet,.cons 
sisting of 383 miles of line. The low bid was $211,958,11. 


IOWA 97 BUENA VISTA: The Buena Vista County Rural Elec. Coop., Storm Lake, 
Towa (Miles Nelson, Supt., and K, R. Brown, Des Moines, Iowa, Enzineer) has 
awarded a contract to Snyder and Johnson, Inc., Humboldt, lowa, for building 
the second section of the project, consisting of lle miles of line, .- The 
low bid was $81,163. 66. 


MISSISSIPPI 23 COPIAH: ‘The Southwest Mississippi Electric Power Association, 
Lorman, Miss. (J. S. Drane, Supt., and A. R. Lewis, Jackson, Mees, Engineer) 
has awarded a contract to eaaaaiah Long & Haggerty, Bessemer, Alabama, Zor 
building the entire project, consisting of 221 miles of line. The low bid 


was $167,752.08. 


MISOISSIPPI 28 HANCOCK: The Hancock Electric Power Association, Bay St. Louis, 
Miss., (C. R. Vickers, Suvt., and A. R. Lewis, Jackson, Miss., Enzineer) has 
awarded a contract to the Delta,Construction Co., Clarksdale, Miss... for 
building the entire project, consisting of le4 miles of line. The low bid 

was S741 Be, 


NEBRASKA 25 SALINE: The Norris Rural Public Power District, Crete, Nebraska, 
(A. H, Vasak, Supt., and Davis & Schwab, Engineer) has awarded a contract 

to the Chapin Contracting Co., Wichita, Kensas, for building 130 miles of 
line, the entire project. The low bid was $106,051,15. 


NEBRASKA 54 CUMING: The Cuming County Rural Public Power District, West 
Point, Nebraska (Lester C. Sollentin, Suot., and the Midwestern Engineering 
Co., Hastings, Nebraska, Engineer) has awarded a contract to Humphreys and 
Thomson, Omeha, Nobraska, for building the entire project, consisting of 209 


“of lang, “The low bid. was $165,300.49. 


NORTH CAROLINA 25 RUTHERTORD The Rutherford Rural Electric Mutual Assn., 
ine., forest AER, Nortn Fa wties (D, 3, -Crow, Bostic, Supt, and Harwood 
Beebe Co,, Spartanburg, %. C., @ngincer) has avarded a €ontract-to the 
Harrison-Wright Co., Inc., Charlotte, N. GC.) Zormvbuildine the entire project, 
consisting of 107.4 miles of line. The low Did was $88,984.90. 


OREGON 14 UMATILLA: The Umatilla Blectric Cooverative Association, Hermiston, 
Oregon, iaadecsayior, sunt, and Baar & Cunninghan, Portland, Engineer) has 
awarded a contract to the Newnort Construc 


tion Company and Kern & Kibbe, 
Portland, Oregon, for wnilding the ontire project, consisting of. -L26 miles 


of line. Tho low bid was $107,638.48, 
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277, SOUTH CAROLINA 15: AIKEN The? State: Rural. Electrification Authority, Columbia, — 
S. Ce, CR. Beverly Horbort, Attorney and. U. oR. ieudium, Encineer) has awarded 
a contract tothe J.-B. Britton & Co., Sumtor, S. C.,.for building the entire 
vroject, consisting of 295 miles of line. The low bid. wa as. $21, 299 = 20. 


278, SOUTH DAKOTA 7 LINCOLN: The Lincoln-Union Electric Cos,  Abostbe South fet 
Dakota (Harold S$. Swanson, Supt-, and the Pillsbury Engr. Co., Minneapolis, € 
Minn. , Inzineor) has awarded 2 contract. to Snyder an ni Johnson, Humboldt, 
lown, for building the entire project consisting of 230 miles of linc. ‘The 
Low bid ins $167,237.42, | 


149. TENNESSE SE 9 MACON: The Tri- bounty Electric ‘Momborshin Corp... bafaye tie 
“onn. (Will Hell Sullivan, Suvt., and Pat M. Sullivan, Atlanta, Gen enene 
Engineer) has awarded 2 contract to the R. H. Bouligny, LPory charlotte, 
North Carolina, for building 104 miles of line, the second section of the 
project.» Tho low bid was $100,732.80. ° . 


279. TEXAS 53 McLENNANS ‘The McLennan Cow ats Rural Bliss take Co., McGregor, Texans, 


c ; 
(Joo Allen, Suot., and William G. “Morrison, Waco, Texas, Engineer) hag 
awnrded 2 contract to the oe Ashe Construction Co., Fort Worth,. Texas 
for build ling the first 125 miles of the project. Tho low did was $81,506.25. é 


229, WASHINGTON 18 “SPOKANE: The Inland Empire Electrification, Inc., Spokane 
Washi oe (G. H. Boll, Supt-, EB. C.. Porter, Donver, Colorndo, Engi 
hes’ ewardod a contract to Fritz ‘Ziobarth, Lone Beach, California, for bu 
ing 197 miles of line, the second section of the project. The Low bi 
$163,248.65. Jeane 


din, (Llovd McCaskey, Supt., and the Wisconsin YBa ee Coon. 
a3 sett on, Madison, Wisconsin, Bnzincer) has peste . contract to 
Honold & LePage, Inc., Sheboygan, Wisconsin Tor eltaive the second section 
t xrojoct, consisting of 50 miles of line. The low bic 


95. esses 25 MONROE: ‘The Onkdale Cooperative Slee trical «as ssoctation, Onkdale, » 


pi ¥v INVTTATIONS 20 BID 


. 


ARKANSAS 16 C.ARE ROLL! The Carroll clk 
(Paul F. Arnold, Project’ Supt.,) hes 


wworative Corp., sernyville, arkens 
: ids C 
miles -of vraag Sids will be ovoned on January 14, 1948, ; 


} ’ 
ur PS = 1, = O£ 
onstruction of 286 


CaLIFORNTA 16 PLUMAS: The Plumas-Sierrs Sone Eleetric 
(Ton: Lastiin, Suvérintondent,, and Aller Sickler, al 


. a = 
ees ; mtg es ay .. x A us a =a fe fa A 1 =~ 4 2 
has invited bids on the construction of .289 milos of line,;. tae) envire, pragee 


™ @ * 
Bids will be onened on January 8, 1938, 


COLORADO 15- MOE MORGAN: The Moreen 


e } 

y Le ‘s pee 
Colorsdo CO. ra, MOUS 5 Erajoct wh ie aiid Ernest iG. 
has invited bids on the constmic ous 
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OHIO 39 PAULDING: . The Pmildinzg-Putnom Zlectric Coon. Inc.,, Poulding, Ohio,, (VY. Ee 
Patterson, -Supt,., cid Southern denaee Enz. Coro.,, Eng incor) has invited Gids on 
the construction of O15 a ee fino. Bids will be snened on Jarimry 1%, LSBs 


sie 
Bide: eek. Ae opened January 6, 1938, ; 


TEMS 58 FAYETTE; ~The Rarotte County Rursl Eloc. Usop., BaGrange,’ Toxas, (Gterge 
E. Adamcik, Suot.) has invited bids on tho-ennstruction of 245 miles of Lines 
y 


